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i? Geteober 1962 


MEMORANDUM FOR THE RECORD 


SUBJECT: OXCART Operations Review with Mr. Kelly Johnson 


gos: 


1) DECLASSIFIED 


1. Following is a summary of OXCART operational matters 


discussed with Mr. Kelly Johnson this date. Mr. John Paran- 


Mr. Gene Kiefer, 
and the undersigned were in attendance. 


a. ARC-50/DF 301 Aerial Rendezvous Syaten: 


The requirement for installation of subject 
@ystom in the A~12 at the earliest possible date was 
reconfirmed. Hr. Johnsen stated that at this time 
the first ARC~-50/DF 301 syetem was programmed agaisst 
aircraft #7, but that he would undertake to accelerate 
thia inatallation into earlier aircraft. The require~- 
mont for this installation in aircraft #4, the dual 
seater trainer, was discussed. wr. Johasen thought 
this aight be pomssibie and agreed to investigate this 
proposal on a priority basis. 


d. ARC-50 Ground Installation: 
The requirement for an ARC-S0 groand instal~ 
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installation will provide « terminal navigation aid aad 
instrument iet-down facility for the A-12. Operational 
target date for this inatallation was established as 
coincident with the delivery of the firmgt 4-12 with the 
ABC~5O instailation, Mr. Johanson bas action on this 
item. 


@. AwlZ Rmorgency Procedures: 


dr. Johason stated that he ia gatisfied with 
subject procedures. 


£. Oxygen Endurance: 


The requirement for ten hours of oxygen 
endurance in the operational A-12 sircraft in support 
of « mission profile with three serial refuclings wae 
reconfirmed. 


@. Forward Staging Base: 


The operational concept of operating the 4-12 
from Eielson AFB, Alaska, waa reviewed for Mr. Johnson. 
Mr. Parangosky requested that feneibility studies of 
this concept be undertaken by Mr. Johnson as appropriate. 


h. Flight Tost/Training Corridors: | 


The approved flight test/training corridors 
for Zi operations were reviewed for Mr. Johnson. He 
indicated that they should satisfy his requirements for 
flight test within the ZI, Mr. Johnaon was briefed on 
the atatus of the pro: | teat/tra corridor to 


on this subjec at NO in early Noveuber 

with Alnekes Air Conan” representatives. Target date 

for finalization cf this corridor ia 15 December 1962. 
i. 4-12 Ground School: 


dr. Johnson was briefed on and concurred 
with the following ground sachool schedule: 


i iG to 21 December 1962: Firat five 
and key/ ss [staff personnel. 
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(2) 4 to 9 February 1963: Phase 11 of Wrired 


echooi Icor Headquarterea etaff and runaiaing 
ataff pergoneci. 


js Lae Instructor Pilot: 
Nr. Jab Gicated thet he waa presuntiy 
Pisaniag to use am the LAC IP to check out 
the first two to IP status. The requirement 
for a formalized check out program by LAC wae etreamsed. 
k. LAC Tanker Requiremeats: 
tr, Johageon reconfirmed that LAT will act ree 


Guire KC-134 tanker support prior to December 196%, at 
which time two or three sorties wili be required. 


SIENED 
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